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BILL NO. 5-87-03-2 7 


SPECIAL ORDINANCE NO. S- É 3 F 


AN ORDINANCE approving Change Order 
No. 1 and FINAL for Res. 898-1985 - 
Doenges Drive Sanitary Sewer, with 
All Star Construction Company, 

in connection with the Board of 
Public Works and Safety of the 

City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 and FINAL for Res. 


898-1985 - Doenges Drive Sanitary Sewer, with All Star Construc- 





tion Company, in connection with the Board of Public Works and 
Safety, for: 


this Change Order is necessary 
because the existing storm sewer 
extended over the existing sanitary 
sewer which was not able to be 
determined until the contractor 
actually exposed both pipes. This 
necessitated the reinstallation 

of a portion of the existing sanitary 
sewer 2.5+ L.F. horizontally from 
original location to set manhole 

#1 and continue on with the sewer 
installation. Changes in Items 

Pe 4,40, 7 and. Si tetlect™ actual 
quantities used on project in re- 
lation to bid quantities; 





involving a net increase of Three Thousand Two Hundred Seventy- 


Four and 40/100 Dollars ($3,274.40), all as more particularly 











set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by referenc 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 










Bruce O. Boxberger, City Attorney 
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SANDRA E. KENN DXi CITY SCENE 
Passed and adopted by the Common Council or the City of Fort 
Wayne, Indiana, as (ANNEXA E JENERAL 
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SANDRA E. KENNEDY, CITY CLERK t PRESIDING O CAR 





Presented by me to the Mayor of the City of Foft Wayne, Indiana, 


3 
on the Z GA day of ; , MD: F 
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SANDRA E KENNEDY, CITY CL RK 
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Change Order No. 1 Resolution No. 898-85 
Project No. Board Order No 152-85 
Name of Project: Doenges Drive Sanitary Sewer Date: 
To: Star Construction 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 










en La Description of Change eine E Change in Contract Price 
No. 


Increase 




















3859,30 
Net DECTEAZE) (Increase) Contract Price 3,274.40 
The sum of $_3,274.40 is hereby (added to) (dedurredxfrom) the total contract price 


and the final contract price shall be adjusted as follows: 


Original Contract Price 
E ; 13,285.00 
Current Contract Price Adjusted by Previous Change Order $ 


. 2 ” . y 

New Contract Price including this Change Order ENTE 
165559, 40 ana 

The time provided for completion in the contract for this project is (unchanged xtincoeaseds) 

(decrease) by =0= calendar days due to this Change Order. The date for completion 

of all work shall be N/A Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Recommended by 75 = AULI Chief Engineer Date 2-23-39 

ef eo 
Accepted by: / NO Bi, La | = ELA HT Contractor Date 2: hm) 3 Ieo 


, ; 7 i 
Approved by: A EA City Engineer Date / 


4 !/ $ G um 
Approved rm AA >F = CTS Owner Date 3/1) /R] 
UMA | 





| 7 Jp ç 
Attested ii o HE; Du Mas ENE e ER l4 


Change Order No. 1 
Resolution No. 898-85 


Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


: 


Necessity for change The existing storm sewer extended over the existing 
sanitary sewer which was not able to be determined until the contractor 
actually exposed both pipes. This necessitated the reinstallation of 


a portion of the existing sanitary sewer 2.5+ L.F. horizontally from 


original location to set manhole #1 and continue on with the sewer 





installation. Changes in items #2, 4, 6, 7, and 8 reflect actual 





quantities used on project in relation to bid quantities. 











Will proposed change alter size of the project: Yes No X 





If yes, explain 








Affect on operation and maintenance cost of this project: 











fH 


( LTL 
(Project 





Item 
NOs 


10 


ora ee: ATTACHMENT TO CHANGE ORDER 





AA ETE es TANTRA E hange in Con 
EIA EA RS ATTE MEE SAR 
ESSO A A SS a a PO 

6 Rak. 8" Sewer Pipe 12.40 74.40 


200.00 


60.50 


110 SY Seeding 2" Mulch Fertilizer, Top Soil 555 
28 L.F. Field Tile Replacement aaa 


1 EA Building Removal 200.00 
A 


250.00 


ae EE ee See 
fees a a ee 
e a eee 
CENA 


aq 





Total Decrease 584.90 
E Total Increase 


Net (DEE) (Increase) Contract Price 


Increase 


168.00 


2391.30 


1300.00 


A 


3859.30 


3274.40 


RENE 
E Adm.” Anpr 


TITLE OF ORDINANCE Change Order #1 and FINAL for Res. 898-85, Doenges Dr. 


DEPARTMENT REQUESTING ORDINANCE 








Board of Public Works & Safety Z 

SYNOPSIS OF ORDINANCE Change Order #1 and FINAL for Res. 898-85, Doenges Dr 
Sanitary Sewer is necessary because the existing storm sewer ex- 
tended over the existing sanitary sewer which was not able to be 
determined until the contractor actually exposed both pipes. 


manhole +1 and continue on with the sewer installation. Changes i 


8 Selatfon to bid quantities. All Star Construction is the, 
SRP ag a ee EL et O 
a ea A A a 

EFFECT OF PASSAGE To facilitate completion of this project. 

EFFECT OF NON-PASSAGE 
a a a UR 
<- A A RO o rr ce, a O RR E Ao BR 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $3,274.40 increase 


RS A DS OR a a a RR a NOS O, o ca 
ASSTGNED TO COMMITTEE 
A ee o EE A ee a 


S-8.7=03-29 
BILL NO. 
A A REEN- e O 


CITY UTILITIES 


REPORT OF THE COMMITTEE ON i 
A A e E E EN 


CITY UTILITIES 


WE, YOUR COMMITTEE ON : TO WHOM WAS 
mai ul 


REFERRED AN (ORDINANCE) (RESOXXMIDON ) - approving Change Order 


No. l and FINAL for Res. 898-1985 - Doenges Drive Sanitary Sewer, - 
CN a copa ee O ci a Mo A 


with All Star Construction Company, in connection with the Board 


of Public Works and Safety of the City of Fort Wayne, Indiana 


| s 
e A o EE E ARI A RON 
E O A A E REI A 
A A A a 
NN e E RE EAS A UD 
a 3 
A A A IN EAE 


*HAVE HAD SAID (ORDINANCE) (RESOKUEKGN) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


- (RESOLUTIONX 





CHARLES B. REDD 
CHAIRMAN Sipe say tik SV UE ee aa 


PAUL M. BURNS 
VICE CHAIRMAN ; ET TES 


THOMAS C. HENRY 


BEN A. EISBART 





sena e 2 SAMUEL J. TALARICO A eet ne eae 


CONCURRED IN LAT. SANDRA E. KENNEDY 
CITY CLERK 


